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Proposal: CAN 92 
4 February 1958 


DELIVERY SCHEDULE 
MODIFICATION OF '"M" AND "'N'"' RACKS, 
AND FABRICATION OF AN "M" RACK 


Items in the Statement of Work shall be delivered in accordance 
with the following schedule: 


Item Schedule 


1 To be accornplished prior to equipment 
delivery dates. 


2 To be accomplished prior to equipment 
delivery dates. = ae 

3 Number three ''M'" Rack - 3 March 1958. 
Number four 'M" Rack - 17 February 1958. 

4 Number three 'N't Rack - 3 March 1958. 

5 In accordance with the existing schedule. 

6 Number four "'M' Rack - 17 February.1958. 

7 Number one "N't Rack - 8 October 1957. 


This document contains information affecting the national 
dsfense cf the U ited States within the meaning of the 
Espionaze Laws, tile 18 U S.C, Section 793 and 794. Its 
fransmissicn or ihe revclation of iis contents in any 
manner fo an unaulhorized person is prohibited by law. 
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